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17-8. A monthly estimate shows figures for the first column in Fig. 17-3
as 4,020, 7,870, 5,160, 80, 384, 470, 880, 260, 1,320, 8 with a total depth of
82 ft. and 9, respectively. The contract was let for the quantities and
prices shown in Fig. 17-3 and the contractor has been paid $7,692.66 on
previous estimates. Determine the net amount due the contractor if
15 percent is to be retained as a guarantee.